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BILL NO. S-76-03- Tyf 


SPECIAL ORDINANCE NO. S- 


7/-7fr 


AN ORDINANCE approving Change 
Order No. 1 in connection with 
Hambrock Electric, Inc. contract 
on Senior Citizen Center. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY 
OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1 to Hambrock 
Electric, Inc. in connection with the Senior Citizen Center 
in the amount of $1,350.00, as set out in the specifications, 
is hereby in all things ratified, confirmed and approved. 

SECTION 2. This Ordinance shall be in full force 
and effect from and after its passage and approval by the 
Mayor. 



Councilman 



APPROVED AS TO FORM 
AND LEGALITY,____ 










Read the first time in full end nn motion by > seconded by 

and duly adopted: read the second time by title and referred 

to the Committee on 

CommJiLsi^fr4^r^t^nTe7inta1rnTrTt~37m"~^^ notice 

a SoildinQ, Fort If ay ns,! n dTa n ao ... > 

-d-ar~gf TTsT - 


the- 




o'clock P.M.,E.S.T. 

Date:_ -7A 



cm amc 


Read the third time in full and on motion b.y_ 

seconded by __ y,.- _, and duly adopted, placed on its passape. 

Passed by the foil 


AYES , 


TOTAL VOTES 
BURNS 
HIHGA 
HUNT ER 
MOSES 
nuckols 

SCHMIDT, D. 

SCHMIDT, V. 

STIER 
TALARI CO 
" DATE: . 


K 


ovnnp vote: 


NAYS 





Pa's.s 


CITY CLERK 

adopted by the Common Council of the City of Fort Wayne, Indiana,' 


as (Zorvinq Map)' (General) (Annexation) (Spedal)• (Appropriate) Ordinance 
(Resolution, do._ ^ X^o n th e /o/-g ^._dey of y ^^ ? " 2 ±j:L 



197/ 



PRppINil OFFICER 

v me to the Mayor of She Cm. tv of Fort t-'ayne,. Indiana', on th 

197 , at the hour of //■ o ” cl ock 


Annroved and si 


ioned by me this /i/j/ day of _> 19L> 



































































S-76-03-34 


Bill No. 

REPORT OF THE COMMITTEE ON PUBLIC WORKS 

We, your Committee on Public Works __ to whom was referred an Ordinance 

approving Change Order No. 1 in connection with Hambrock Electric, Inc. 
contract on Senior Citizen Center 


have had said Ordinance under consideration and beg leave to report back to the Common 



William T. Hinga 


































CHANGE ORDER 


Change Order No. ■ 1 -E _ 

Project No. 7515 _ 

Name df Project Senior Citizen Center 

To: Hambrock Electric, Inc. _ 

(Contractor) 

Gentlemen; 


Resolution No. 
Board Order No. 
Date ■ " 


You are hereby requested to comply with the follcv.-ing changes from the contract plans and 
specifications: - 


Item 
No. 

Quantity 

Description of Change ; 

1 

I Unit Price 

Change in Contract Price 

Material 1 

Decrease 

Increase 

1 


Addition of necessary rough-in boxes 






and conduit for intercom-Musi c- P.A. 

System 

! 


$ 1,350.00 




j. - 













Total Decrease: , ' 

* Total Increase 

Net (ktex-xx:>?xxy) (Increase) Contract Price 




$ 1,350.00. 


$ 1,350.00 


The sum of S 1 ,350.00 _ is hereby (added to) (docctocxksdxxxKXi) the total contract 

price, and the final contract ppjpe shall be adjusted as follows::; 


Original Contract Price , $ 62 ,186 ■ 00 _ 

Current Contract Price Adjusted by PfeiYlous Change Order $ 62,186 .00 __ 

New Contract Price Including this Change Order * £ 63,536.00 _ 

The time provided for completion in the contract for this project is (unchanged) (Xi>hd®©Q^c3c) 
(xlaoomxXvO by calendar days due to this Change Order. ihe date for completion 

of all work shall be Aug ust, 1976 Furthermore, this document shall become an 

amendment to the contract and all provisions of the contract shall apply hereto. 

Recommended 

A.ccepted by: 

Approved by: 

Approved by: 

Ov -— 

__ ....... __ 

■. ■ ; .■ - Z\ J ' , 

Attested by: ________ ‘-kite ^ 7 /7 £ 


by 




7 77 r 7 


Engineer) Date 3 / to/y£s> 

3 -h -4; 


(Contractor) Date 



(€44y-Engineer) Date <J? £ -P’ 

Date 'Z 17//L 


















































Change Order No. 1-E 

Resolution No. ._ 

Board Order No. __ 


REQUEST AND JUSTIFICATION FOR CHANGE 

Necessity for IkxIxx: 11 ' Under a new contract with the City, we were asked to incorporate 
an intercom-Music-P.A. system into the Senior Citizen Center, with a budget of $12,500.00. 

This will be bid in approximately 3 to 6 weeks. However, due to the stage of construction 

now taking place at the job site (masonry work), it is immediately necessary to install a 

portion of this sys tem's rough-in boxes and conduit before construction makes it impossible . 
We asked Hambrock Electric, Inc., Electrical Contractor at the job site, to figure the 
cost of installing these boxes and conduit. They submitted a cost o f $1,350.00 to do this 
portion of the work. When the intercom-Music-P.A. system does go out for bids, this portion 
of the work will not be bid. See attached letter and drawings for additional information. 


2. Will proposed change alter size of the project? Yes_ No x 

If yes, explain: ______ 


3. 


Affect on operation and maintenance cost of this project: 


None 



3-/o -76r 


Engineer 




























DIGEST SHEET 


17 C- o.3-j. 


TITLE OF ORDINANCE: Special Ordinance - Change Order #1, Hambrock Electric on Sen 

Citizen Center 

DEPARTMENT REQUESTING ORDINANCE: Board of Public Works _ 

SYNOPSIS OF ORDINANCE: Change Order #1 for Hambrock Electric in amount of Si,350. 
allows for adjustment on Electrical contract for Senior Citizen Center by 

authorizing installation of rough-in boxes and conduit for a proposed intercom 

system 


(See Attached) 


EFFECT OF PASSAGE: Provide for work not originally figured in centract 


EFFECT OF NON-PASSAGE: Necessitate costly installation at future time 


MONEY INVOLVED (Direct Costs, Expenditures, Savings): Additional $1,350.00 cost 
on Senior Citizen Project 


ASSIGNED TO COMMITTEE (J.N.): 































